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ACTION SSM-05 

INFO OCT-OI NEA-IO ISO-00 OC-05 CCO-00 SSO-00 NSCE-00 

NSC-05 PM-04 SP-02 SS-15 CIAE-00 INR-07 NSAE-00 

DODE-00 INRE-00 /054W 

102804 

O R 0707 14Z FEB 76 
FM AMEMBASSY TEL AVIV 
TO SECSTATE WASHDC IMMEDIATE 74 
INFO AMEMBASSY CAIRO 

UNCLAS TEL AVIV 0935 

STATE FOR SSM FOR KONTOS AND THRONE 

ACAIRO PASS TO GETTIER 

E.O. 11652: NA 
TAGS: PFOR IS 

SUBJ: SINAI FIELD MISSION STATUS REPORT AS OF COB 6 FEB 

1. RCM-SFM 5-08 

A. FACILITIES: BARRACKS #3 NOT YET COMPLETE DUE TO ERROR IN 
PLUMBING THE WALLS. SOME WALL PANELING REMOVED THIS MORNING. 
RE-PLUMBED BUILDING EXPECTED TO BE FINISHED SHORTLY. FLOORS IN 
BARRACKS #4 AND LAUNDRY BUILDING IN FINAL STAGES OF COMPLETION. 
TEMPORARY ROAD TO MITLA EAST WAS CUT THIS MORNING. CONTRACTOR 
EXPECTS TO ERECT TEMPORARY BUILDING THAT LOCATION TOMORROW. 
IDF LIAISON OFFICER INDICATED THAT WATER TANK WILL BE INSTALLED 
SUNDAY FEB 8. 

B. COMMUNICATIONS: A TOTAL OF 20 FREQUENCIES HAVE BEEN PROPOSED 
AND CLEARED THROUGH U.S. OFFICIALLY. ALSO CLEARED UNOFFICIALLY 
BY ISRAELI L.O. A MESSAGE HAS BEEN SENT 0 THE EGYPT L.O. FOR 
CLEARANCE OF THE FREQUENCIES. EXPECT ANSWER SHORTLY. GIDDI 
EAST WATCH STATION ANTENNA INSTALLED. 

UNCLASSIFIED 

UNCLASSIFIED 
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C. WATCH STATION: SEE PARA A. 
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D. SURVEILLANCE SYSTEMS: NEGATIVE 

E. FISCAL: E-SYSTEMS CONTRACTING OEFICER KRIDER NOW ON SITE 
AFTER COMPLETING A SURVEY OF CONDITIONS IN TEL AVIV AND CAIRO. 
HE IS WORKING UP COSTS FOR MONTH OF JANUARY. 

F. PERSONNEL: ZACHRY-57; E-SYSTEMS-11; USG-15; 

TOTAL-83 

G. MISCELLANEOUS: 

1. 250 KG ANTI-PERSONNEL BOMB DISCOVERED APPROXIMATELY 

200 YARDS EROM MITLA EAST WATCH STATION. ISRAELI L.O. INSPECTED 
BOMB AND PLANS TO NEUTRALIZE IT TOMORROW (2/7). INTEND TO USE 
AIR EORCE AND SPECIAL E.O.D. TEAMS TO ACCOMPLISH DEFUSING. 

2. CONTRACTOR HAS REQUESTED MOBILE OIL COMPANY TO DO POL/ 
ROAD/SITE SURVEY WITH APPROVAL SARELO REPRESENTATIVES. 

3. CONTRACTOR ESTABLISHING LIAISON OEFICE IN CAIRO ASAP AND 
WILL COORDINATE ACTIVITIES WITH GETTIER. 

4. PLEASE ADVISE DISPOSITION OF REQUIRED MATERIALS LISTS 
RE CONTRACT SECTION B, PART 1, EXHIBIT IT 

5. E-SYSTEMS CURRENTLY DISCUSSING POSSIBILITY OP 
FINANCIAL SERVICES THROUGH AMERICAN EXPRESS. DO NOT EXPECT 
ANY SUBSTANTIVE AGREEMENTS UNTIL FOLLOWING MARCH 1. 

6. KIMMEL REQUESTS KNAUF PLEASE SEND COPY OF APPENDIX 
B-ARMS SERVICE PROCUREMENT REGULATIONS ASAP. 

7. NAVY MED. UNIT IN CAIRO ARRANGING TO GIVE IN DEPTH 
MEDICAL BRIEFINGS TO CONTRACTOR PARA-MED. 

DUNNIGAN 


UNCLASSIFIED 


NNN 
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Message Attributes 


Automatic Decaptioning: X 
Capture Date: 01 JAN 1994 
Channei indicators: n/a 
Current Classification: UNCLASSIFIED 

Concepts: CONSTRUCTION, WARNING SYSTEMS, TRACKING STATIONS, PROGRESS REPORTS 

Control Number: n/a 
Copy: SINGLE 
Draft Date: 07 FEB 1976 
Decaption Date: 01 JAN 1960 
Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1976TELAV00935 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D760047-0675 
From: TEL AVIV 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1976/newtext/t19760270/aaaacjxg.tel 

Line Count: 97 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION SSM 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: ShawDG 
Review Comment: n/a 
Review Content Flags: 

Review Date: 03 SEP 2004 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <03 SEP 2004 by meiwo; APPROVED <09 SEP 2004 by ShawDG> 

Review Markings: 
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Declassified/Released 
US Department of State 
EO Systematic Review 
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Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: SINAI FIELD MISSION STATUS REPORT AS OF COB 6 FEB 
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